2808 Deferrals in United States Territories ($ in thousands) 


State Country Title 

Location Title 

Award Date 

Line Item Title 

Fiscal Year Enactment 

Amount 

GUAM I 

Joint Region Marianas 

December 2020 

Earth Covered Magazines 

2019 

52,270 



September 2020 

PRTC Roads 

2016 

2,500 



July 2020 

Water Well Field 

2018 

56,088 



June 2020 

Navy-Commercial Tie-In Hardening 

2018 

37,180 



March 2020 

Machine Gun Range 

2019 

50,000 



February 2020 

APR - Munitions Storage Igloos, Ph 2 

2017 

35,300 



February 2020 

Hayman Munitions Storage Igloos MSA 2 

2019 

9,800 



January 2020 

APR - SATCOM C4I Facility 

2017 

14,200 

PUERTO RICO 

Arroyo 

January 2021 

Readiness Center 

2018 

30,000 


Camp Santiago 

March 2021 

Company Headquarters Bldg -Transient Training 

2018 

47,000 



March 2021 

Dining Facility, Transient Training 

2018 

13,000 



September 2020 

Engineering/Housing Maintenance Shops (DPW) 

2018 

11,000 



September 2020 

Maneuver Area Training Equipment Site 

2018 

80,000 



September 2020 

National Guard Readiness Center 

2018 

50,000 



September 2020 

Power Substation/Switching Station Building 

2018 

18,500 


Gurabo 

January 2021 

Vehicle Maintenance Shop 

2018 

28,000 


Punta Borinquen 

December 2019 

Ramey Unit School Replacement 

2018 

61,071 


San Juan 

January 2021 

Aircraft Maintenance Hangar (AASF) 

2018 

64,000 

VIRGIN ISLANDS 

St. Croix 

January 2021 

Vehicle Maintenance Shop 

2018 

20,000 



September 2020 

Power Substation/Switching Station Building 

2018 

3,500 


St. Thomas 

September 2020 

National Guard Vehicle Maintenance Shop Add/A 

2018 

3,875 

Grand Total 





687,284 


2808 Deferrals in the 50 United States ($ in thousands) 

State Country Title 

Location Title 

Award Date 

Line Item Title 

Fiscal Year Enactment 

Amount 

ALABAMA 

Anniston Army Depot 

March 2020 

Weapon Maintenance Shop 

2019 

5,200 

ALASKA 

Eieison AFB 

February 2021 

Repair Central Heat/Power Plant Boiler PH 4 

2018 

41,000 



January 2020 

Repair Central Heat & Power Plant Boiler Ph3 

2016 

34,400 



January 2020 

Eieison AFB Improved CATM Range 

2019 

19,000 


Fort Greely 

January 2021 

Missile Field #1 Expansion 

2019 

8,000 

ARIZONA 

Fort Huachuca 

May 2020 

Ground Transport Equipment Building 

2018 

30,000 

CALIFORNIA 

Channel Islands ANGS 

July 2020 

Construct C-130J Flight Simulator Facility 

2019 

8,000 

COLORADO 

Peterson AFB 

September 2020 

Space Control Facility 

2018 

8,000 

FLORIDA 

Tyndall AFB 

January 2020 

Fire/Crash Rescue Station 

2018 

17,000 

HAWAII 

Joint Base Pearl Harbor-Hickam 

September 2020 

Consolidated Training Facility 

2018 

5,500 


Kaneohe Bay 

May 2020 

Security Improvements Mokapu Gate 

2018 

26,492 

INDIANA 

Crane Army Ammunition Plant 

_ March 2020 

Railcar Holding Area 

2019 

16,000 


Hulman Regional Airport 

February 2020 

Construct Small Arms Range 

2018 

8,000 

KENTUCKY 

Fort Campbell, Kentucky 

February 2020 

Ft Campbell Middle School 

2019 

62,634 

LOUISIANA 

Joint Reserve Base New Orleans 

January 2020 

NORTHCOM - Construct Alert Apron 

2019 

15,000 



January 2020 

NORTHCOM - Construct Alert Facilities 

2019 

24,000 

MARYLAND 

Fort Meade 

June 2020 

Cantonment Area Roads 

2019 

16,500 


Joint Base Andrews 

June 2020 

PAR Relocate Haz Cargo Pad and EOD Range 

2019 

37,000 



January 2020 

Child Development Center 

2019 

13,000 

MISSISSIPPI 

Jackson lAP 

August 2020 

Construct Small Arms Range 

2018 

8,000 

NEW MEXICO 

Holloman AFB 

_ March 2020 

MQ-9 FTU Ops Facility 

2019 

85,000 


White Sands 

February 2020 

Information Systems Facility 

2019 

40,000 

NEW YORK 

U.S. Military Academy 

June 2020 

Engineering Center 

2019 

95,000 



June 2020 

Parking Structure 

2019 

65,000 

NORTH CAROLINA 

Camp Lejeune, North Carolina 

April 2020 

2nd Radio BN Complex, Phase 2 

2019 

25,650 



January 2020 

Ambulatory Care Center Addition/Alteration 

2018 

15,300 


Fort Bragg 

Previously cancelled 

Butner Elementary School Replacement 

2016 

32,944 


Seymour Johnson AFB 

April 2020 

KC-46A ADAL for Alt Mission Storage 

2018 

6,400 

OKLAHOMA 

Tulsa lap 

_ May 2020 

Construct Small Arms Range 

2018 

8,000 

OREGON 

Klamath Falls lAP 

February 2020 

Construct Indoor Range 

2018 

8,000 



January 2020 

Replace Fuel Facilities 

2016 

2,500 

SOUTH CAROLINA 

Beaufort 

_ April 2020 

Laurel Bay Fire Station Replacement 

2019 

10,750 

TEXAS 

Fort Bliss 

January 2020 

Defense Access Roads 

2018 

20,000 


Joint Base San Antonio 

February 2020 

Camp Bullis Dining Facility 

2018 

18,500 

UTAH 

Hill AFB 

August 2020 

Composite Aircraft Antenna Calibration Fac 

2019 

26,000 



January 2020 

UTTR Consolidated Mission Control Center 

2018 

28,000 

VIRGINIA 

Joint Base Langley-Eustis 

January 2020 

Construct Cyber Ops Facility 

2019 

10,000 


Norfolk 

January 2020 

Replace Hazardous Materials Warehouse 

2018 

18,500 


Pentagon 

Previously cancelled 

Pentagon Metro Entrance Facility 

2017 

12,111 


Portsmouth 

January 2020 

Replace Hazardous Materials Warehouse 

2018 

22,500 



January 2020 

Ships Maintenance Facility 

2019 

26,120 

WASHINGTON 

Bangor 

February 2021 

Pier and Maintenance Facility 

2019 

88,960 

WISCONSIN 

Truax Field 

March 2020 

Construct Small Arms Range 

2018 

8,000 


1,075,961 


Grand Total 













































